1612                                 UNIT  CONSTRUCTION   COSTS
Account 8813—Fixtures.
This account covers the purchase price of the stool bins, shelving, counter scales, office partition and furniture, as listed below; also the erection cost.
197 ft. Berbers sectional nteel bins and shelving.    Soo sketch, lineal feet refers to half of bins shown by sediomd elevation.    Bins
received knocked down, gauge of material H> to 20..........   ,$l,l 10.82
1 No. 1046   dormant   warehouse   scales,   weighing   5,000   lb.
to i lb...................................,..,,........,        141.42
Furniture, material for office partition, ete..................        2S2.88
(See Fig. 30.)                                                                         Si,541.12
Account 8813.10—Painting.
This account covers the cost of material and labor of a lot of miscellaneous painting at the warehouse. The stool doors were given one coat of turkey red. The iron lintels were given one* coat of lump black in linseed oil. The counter was stained and oiled.
Account 8813.11- Painting Sash.
This account covers the cost of material and labor used to paint all the warehouse Hash. They wore given two routs of white load and linseed oil, cream color.
Laboratory
Account 8820- Excavation.
This covers the excavating for the laboratory walls and basement in red clay with boulders and gravel It was dime with pick and shovel, and wheeled 75 ft. in harrows* Some backfilling for the floors in IJ-in.
layers is also here included,
Account 8821- Foundation.
This covers the concrete building walls which were machine mixed, in the proportions 8 sand and gravel to I mnont. The cowroto was handled in wagons 250 yd. The walls wore 12 in, at top to IK in, at bottom. One lumdrecl per eent of the vortical Hurfncc WUH formed,
Account 8821.1—Plain Concrete Floors,
These floors were mixed, f> sand and gravel to 1 cement, in a machine, transported 1,000 ft. in wagon and laid 4 in. thick with tt smooth finish. Sand joints were unotL The top finish wan | in. thick, 2 parts sand to cement, and VWH troweled smooth.
Account 8821.2—Reinforced Floors.
Those floors were formed, two way reinforced with J-in. and f-in. rods. In other rcspecta thoy woro tho siimi* UK 8812.1...             5.55
